Arlington Town Yard Facility 


51 GROVE ST., ARLINGTON, MA 02476 


On-Site Assistance Contact: 
Mike Dupuis 

Commodore Builders 
mdupuis@commodorebuilders.com 
C: (508)-294-3836 


Construction Update 08/29/2022 
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HIGH SCHOOL PROJECT SITE 
CONSTRUCTION STARTING 
TOBER 2020 


CONSTRUCTION 5 WEEK SCHEDULE — STARTING WEEK OF AUGUST 29TH, 2022 


The above layout identifies demolition areas in the work site and impacts along Grove Street. 
Additional work to be performed in the upcoming weeks includes: 


CONSTRUCTION ACTIVITIES: 
- Building E-— Complete Structural Steel along Grove Street 
- Building E— Complete Structural Steel Maintenance Building Behind 
- Building E — Continue Utility Installation Inside Building 
- Building E — Start Roofing and Exterior Framing & Sheathing 
-  Sitework — Complete Installation of New Retaining Wall 
-  Sitework — Continue with Underground Utilities 


PUBLIC IMPACTS: 
- Jersey Barriers will be used to direct traffic along Grove Street with install of new temporary 
AC equipment 
- During sitework, trucks will be entering and leaving the site regularly 
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CONSTRUCTION DETAILS 
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Arlington DPW Facility 4 D 
Project Photos — August 2022 So 


Photo # 2 — Salt Shed Canopy Roof Frame in Progress (8/11/22) 
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Arlington DPW Facility 
Project Photos — August 2022 
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Photo # 4 — Project Team and Town Officials at Topping-Off (8/9/22) 
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Salt Shed Roof Canopy in Progress (8/16/22) 


Photo #5 — 


Salt Shed Roof Canopy in Progress (8/16/22) 


Photo #6 — 
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